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1 (657 ) -128I16 

Amendment No. 15 

9 DEC 1368 


Gentlemen: 

1. This docu ment c onstitutes Amendment No, l£ to Con- 
tract No, PH-7322, | K 657)-128ij.6, between the parties 

hereto and said contract is amended as hereinafter set forth, 

2, Pursuant to the "provisions" 1 of Item 9, Section B, 
Addendum "A" to the schedule the parties hereto have negotiated 
and agreed upon items set forth in the Design Change Notice 
(DCN) Summary Listing dated 1 June 1968, a 19 Sept. 1968 
supplement to said DCN Listing and Spares List No, i|_8. The 
aforementioned DCN Listing and Supplement, and Spares List 

No. ij.8, are identified to Appendix "A", Revision 7 dated 
18 Nov. 1968, attached hereto, and made a part of this 
contract. 


3. It is understood that under this Amendment the 
Contractor has agreed to a final settlement of all costs 
attendant to the following Design Change Notices: 


E65-0001 through E65-0352 
E66-0001 through E66-0770 
E67-0001 through E67-0/4.13 
E68-0001 through E68-0103 
PR-66-1 


I 4 .. As a result of the n egotiations an in crease in the 

and £ 


II was 


target cost and target fee of 

agreed upon. Accordingly Paragraphs A and B of Part III, COST 
AND PEE of the schedule are revised as follows:; 


"A. The target cost for the performance ©f 
this contract is | I 


B. The target fee f or the perfo rmanp.fi of 
this contract is *• 
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5. All other te rms co nditions, and requirements of 

Contract No. PH-7322, | |( 657) - 128 ) 4 . 6 , as amended, remain 

unchanged, 

6. Please indicate your receipt and acceptance of 
this Amendment No. l£ to Contract No. PH-7322 by executing 
this original and two copies hereof. Return the fully 
executed original and one copy to the undersigned and 
retain the remaining copy for your files. 

Very truly yours, 

THE UNITED STATES OP AMERICA 


25X1 A 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 


TITLE Asst. Secretary 


DATE 


17 December 1968 
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